Green Line Transformation 


Construction Project Updates 


Week in Review and Lookahead 
Friday, September 30, 2022 


Construction is underway for the Green Line Train 
Protection and Track Upgrades on the D Branch. 
As we complete the first of three nine-day full access 
closures, we are finalizing the replacement of over 2,000 
feet of track and two pedestrian track crossings at 
Woodland Station and _ installing equipment for the 


Green Line Train Protection System. Click here to 
see a video on the work progress 
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Green Line Train Protection and Track Upgrades: From June through October, we'll complete over 10,000 feet of 
track upgrades on the B, C, D, and E branches alongside work on the Green Line Train Protection System (GLTPS. 


v This Week | Crews completed rail destressing and thermite welds on the tracks at Woodland 
Station and replaced the pedestrian track crossings. At Eliot Station, crews welded rail strings to 
prepare for construction in October, and fiber optic cable installation continued in the Beaconsfield 
Station area 


¢ Lookahead | At Woodland Station, electrical connections and punch list activities will complete. 
Test trains will operate on Sunday in preparation for service resuming on Monday 


*Schedule subject to change with weather conditions and in 
accordance with public health directives Page 1 of 7 
Project percentages represent the value of the installed work 


Capital Transformation 
Massachusetts Bay Transportation Authority (MBTA) 


